3/18/2019 


City of Los Angeles Mail - R permit update for Frederick Passageway project. 



R permit update for Frederick Passageway project. 

3 messages 


Taylor Bazley <taylor.bazley@lacity.org> 


Allison Altschuler <allisonaltschuler@gmail.com> Thu, Mar 7, 2019 at 10:21 AM 

To: Taylor Bazley <taylor.bazley@lacity.org>, Saul Janson <sacoja@aol.com>, "Adams, Richard (NBCUniversal)" 
<Richard.Adams@nbcuni.com> 


Hey Taylor, 

So after submitting everything for the A and R permits we received a Determination Letter from Kristen Ly in Jim Wu's 
office and it seems all we are waiting for at this point is Bureau of Steet Services to approve our landscaping plans. Do 
you know how long this should take? Is there any way you can follow up with the progress on that? 

Additionally, Kristen mentioned there would be an additional fee for the A permit. This was never mentioned before now 
and I'm just wondering how much extra this is going to cost us? 

Thanks so much for you help with this 
Allison 


Taylor Bazley <taylor.bazley@lacity.org> Fri, Mar 8, 2019 at 10:33 AM 

To: Allison Altschuler <allisonaltschuler@gmail.com> 

Cc: Saul Janson <sacoja@aol.com>, "Adams, Richard (NBCUniversal)” <Richard.Adams@nbcuni.com> 

I will follow up again. The A-permit is a permit they tag on for the review component of the process. I don't know the fee 
but it is supposed to just be the inspector's time who go out and review the work done. 

-Taylor 

[Quoted text hidden] 


Taylor Bazley 

Field Deputy - Venice, OFW, Silver Strand, Marina Peninsula 
Councilmember Mike Bonin 
City of Los Angeles 

310-568-8772 [ www.11thdistrict.com 



Councilmember, 11th District 



Sig n Up for Mike’s Email Undates 
Download the City of Los Angeles MyLA311 app for smartphones! 


AppStore I p* ^ 


MyLA311 links Angelenos with the services and information they need to enjoy their city, beautify their community and stay connected with their 
local government. With MyLA311, City of Los Angeles information and services are just a few taps away. 


Allison Altschuler <allisonaltschuler@gmail.com> Fri, Mar 8, 2019 at 3:57 PM 

To: Taylor Bazley <taylor.bazley@lacity.org> 

Cc: Saul Janson <sacoja@aol.com>, "Adams, Richard (NBCUniversal)" <Richard.Adams@nbcuni.com> 

That would be great Taylor. Thanks so much. Just don’t want things getting lost in the mix especially when we’re so close! 
Appreciate you following up! Hopefully the fee won’t be too high! 
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Thanks again. Any updates you can share would be great be I am communicating with all of our neighbors and as you 
can imagine it’s email overload! 

Thanks again! 

Allison 
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